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BILL NO. $-86-06- ae 


SPECIAL ORDINANCE NO. S- XA ERA 


AN ORDINANCE approving Change Order 
No. 1 (FINAL) for Res. 897-85, St. 
Joe-St. Joe Center Road Sanitary 
Sewer Extension, with Land, Inc., 
in connection with the Board of 
Public Works and Safety of the City 
of Fort Wayne, Indiana. 





NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 (FINAL) for Res. 
897-85, St. Joe-St. Joe Center Road Sanitary Sewer Extension, with 


Land, Inc., in connection with the Board of Public Works and 





Safety of the City of Fort Wayne, Indiana, for: 

Change Order #1 (FINAL) for Res. 

897-85 = St... Joe-St. Joe Center 

Road Sanitary Sewer Extension is 

a final change out order. Certain 

items have been decreased or in- 

creased based on the final inspection 

and measurements; 
involving a net decrease of Nine Hundred Ninety-Four and 73/100 
Dollars ($994.73), all as more particularly set forth in the 
specifications, and which is on file with the Office of the Board 
of Public Works and Safety, and is by reference incorporated 
herein, made a part hereof and is hereby in all things ratified, 
confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 


approval by the Mayor. 








APPROVED AS TO FORM 
AND LEGALITY 


ra 


Bruce O. Boxberger, 






ty Attorney 


Read the, first time in full and on motion by 
seconded by hhc , and dul ted, read tne second time 
by title and referred/ķo the Committee Lee 
Plan Commission fsr Eacommenéaticn) and DuA. Sarine oe eld after 
due legal notice, at the Council Char } uriding Fort Wawr 
Indiana, on day of 


o'clock AN We oa Sa 






















DATE: 6~0-f6 


Read the thir me in gull and on motion y r e 7 ; 
seconded by TELA , and duly adoptéd, placed on its 
passage. PASSED ) by the following vote: 


TE 


Y 
U 


NAYS ABSTAINED ABSENT TO-WIT: 


TOTAL VOTES f l 


BRADBURY 











BURNS 
EISBART 
GiaQUINTA 
HENRY 
REDD 
SCHMIDT 
STIER 
TALARICO 


init ea WE |. a Eke A 


SANDRA E. KENNEDY, CITY CLERK 


elplei ied ihh 





Passed and adopted by the Common Council of the City 0f Fort 





Wayne, Indiana, as- z PEETS —(GENERAL) 
(SPECIAL) (ZONENG-MAP) ORDINANCE ( ) ET ea kod Z Eo 


on the 2 Lek day of ES A 
ATTES?: A (SEAL) . 
eee es a Terie 


SANDRA E. KENNEDY, CITY CLERK - PRESIDING OFFICER 















Presented by me to the Mayor of 
on the OST Oe ee SR day ‘oF 


at the hour of pF ae ee ee oe AOAC Look : pe Te 


e City of Fort Wayne, Indiana, 


i 76. 


r 






SANDRA E. KENNEDY, CITY CLERK 


Approved and signed by me this A b day of =e ; 


19 AG , at the hour of [6 ~~ 9 elock Mi, ELST. 
f 


WIN MOSES, JR., MAYOR 





OE CHANGE ORDER 


Change Order No. 1 and FINAL Resolution No.897-1985 


Project No. en tacts pee Board Order No.178-85 
Name of Project: St. Joe-St. Joe Center road Santiary Sewer Date: 27 May 1986 
eS ee Sen ee ECC eg aae 


To: LAND, INC. 





(Contractor) 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 










teem | ____ Description of Change Petes a, a a Change in Contract Price 
No. Increase 

















Total Decrease 
Total Increase 


Net (Decrease) ({88*#8e5eyx Contract Price 


The sum of $__994.73 is hereby (axkdedono) (deducted from) the total contract price 
and the final contract price shall be adjusted as follows: 


Original Contract Price 
Current Contract Price Adjusted by Previous Change Order 
New Contract Price including this Change Order 


$ 24,410.00 
24,410.00 
$ 23,4152) 


The time provided for completion in the contract for this project is (unchanged) <inuxeased ) 
(dasxaassd) by -0- calendar days due to this Change Order. The date for completion 


of all work shall be _19 May 1986 - Furthermore, this document shall become an 
amendment to the contract and all provisions of the contract shall apply hereto. 


Recommended by: Cipla, Che Chief Engineer Date Thor, Z7 OTN 
Accepted by: Contractor Date S- 2 7 = B G 


Approved by: ity Engineer Date D 29 1726r 
Approved by: Blaio © ; ; Date 4 -c2 —R C 
z (/ 









Attested by: 


Date 6-2Q~ k a 


ATTACHMENT TO CHANGE ORDER 


Renee 
a 
s" 
6" Bldg. Sewer Line 
#53 or #73 Sp. Backfill 









21.75 


eo 
22.00 605.00 
151.00 


Sewer Pipe 














wn 
j=) 
© 


15: i 
ea 6" Concrete (driveways) 15.00 225.00 
fee re 4" Asphalt (Driveways) i 24.65 


i 
t 
j] 
1 
i 
} 
H 


i 
$ 
i 
| 
i 





1,414.97 


994.73 


Total Decrease 


: CEER 
i 
1 





Total Increase 





ee a. | 

Pe 

i 

eee 
, . 


Net (Decrease) QRRXÆIIEXK Contract Price 


Description of Change Change in Contract Price 
Description .Unit Price Decrease 


Increase 






348 .00 





60.44 





11.80 











420.24 


a 
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Change Order No.l and FINAL 
Resolution No. 897-1985 
Board Order No._ 178-85 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: This is a final close out change order. Certain items 


have been decreased or increased based on the final inspection and measurements. 
i RM i a, HERS DEBS SRE EASA ATPL T RENMEI EATS 85 ONAN ESE IE SO a. © ES END MRI OK TERE RIES EE 


——_—_— kh SSS 
Will proposed change alter size of the project? Yes No X 


If yes, explain 


a 
Affect on operation and maintenance cost of this project: 


None 
meee I LAE ES ES Sc 
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3 sg TILT 


Admn. Appr. 


DIGEST SHEET 


FOOL TEL 


TITLE OF ORDINANCE Change Order #1 for Res. 897-85 (FINAL) St. Joe-St. Joe Center 
Road Sanitary Sewer Extension 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 


SYNOPSIS OF ORDINANCE Change Order #1 (FINAL) for Res. 897-85 - St. Joe-St. Joe 
E eh Ee SBS TEE SS hE Ree Ri I E 
Center Road Sanitary Sewer Extension is a final change out order. Certain items 
have been decreased. or increased based on the final inspection and measurements. 


Land, Inc. is the contractor. 


A E 
a a a a a a a S 
a aa aa 


LL LL EEC CL LEC 


EFFECT OF PASSAGE To“facilitate completion of this project. : 
a a a a E 


EFFECT OF NON-PASSAGE 
—_—_ aaaaaaaŘaaasaaaasasaasaasasasasussassasssiÃħŘ 


‘MONEY INVOLVED (DIRECT COSTS, EXPENDITURES, SAVINGS) Decrease of $994.73 


ASSIGNED TO COMMITTEE (PRESIDENT) 








BILL NO. = S=-86-06-16 


REPORT OF THE COMMITTEE ON CITY UTILITIES 
WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 
TEE MEBs Stn Ae asa: mrad SLA Oa 
REFERRED AN (ORDINANCE) (RESORGEXSN) approving Change Order 


No. 1 (FINAL) for Res. 897-85, St. Joe-St. Joe Center Road 
PE 5 Sas Rs ASI Te ea e tr cr ac RE TR To FOLEY SHON EL ES 
Sanitary Sewer Extension, with Land, Inc., in connection with the 


__Board of Public Works and Safety of the City of Fort Wayne, Indiana 














eee 
HAVE HAD SAID (ORDINANCE) (RESORUSSEGR) UNDER CONSIDERATION AND BEG 





LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 











(RESOENXXSNF 
No 
PAUL M. BURNS 
CHAIRMAN 
THOMAS C. HENRY 
VICE CHAIRMAN 


BEN A. EISBART 


JAMES S. STIER 





MARK E. GiaQUINTA 


E-a SPE SANDRA E. KENNEDY 


CITY GEERK 








